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Message Text 


UNCLASSIFIED 

PAGE 01 DOHA 01441 210901Z 

14 

ACTION COME-00 

INFO OCT-01 NEA-10 ISO-00 EB-07 /018W 

117978 

R 210709Z DEC 75 
FM AMEMBASSY DOHA 
TO SECSTATE WASHDC 1121 

UNCLAS DOHA 1441 

E.O. 11652: N/A 
TAGS: BEXP, QA 

SUBJ: SUBCONTRACT FOR DOHA HOSPITAL 
REF: DOHA 1362 

1. CONSULTANTS FOR HOSPITAL PROJECT ADVISE THAT FURTHER DELAYS 
HAVE BEEN ENCOUNTERED IN PREPARING REVISED DOCUMENTS FOR MEDICAL 
GAS SYSTEM TENDER. DOCUMENTS ARE NOW EXPECTED TO BE ISSUED LATE 
JANUARY. CHEMI-TRON WILL BE INFORMED OF NEW BID DEADLINE. 

2. PLEASE ADVISE CHEMI-TRON OF ABOVE. 

PAGANELLI 


UNCLASSIFIED 


NNN 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channei indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 21 DEC 1975 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1975DOFIA01441 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D750443-0659 
From: DOHA 

Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1975/newtext/t19751222/aaaaasvu.tel 

Line Count: 37 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION COME 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: 75 DOHA 1362 
Review Action: RELEASED, APPROVED 
Review Authority: ElyME 
Review Comment: n/a 
Review Content Flags: 

Review Date: 1 1 JUN 2003 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <1 1 JUN 2003 by ReddocGW>; APPROVED <30 JAN 2004 by ElyME> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
06 JUL 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: SUBCONTRACT FOR DOHA HOSPITAL 
TAGS: BEXP, OA 
To: STATE 
Type: TE 
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